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Cambridge, Mass. eter 
Gentlemen: 


1, Reference is made to Contract Ko, NY-BA~1492, as amended, 
entered into between the parties hereto effective for the period 
1 May 1958 through 32 May 1959. 


2. Due to a change in requbrements the parties hereto agree to 
the following changes effective for the period beginning 27 March 1959: 


Paregraph 1 as anended, of SECTION B = CONSIDERATION AND 
PAYMENT of the SCHEDELE is deleted in ite entirety and the following 
ia substituted therefor: 


"1, In consideration of the Contractor's performance 

of the services hereunder, the Contractor shall be 

paid nanthly at the rates mt ferth in the attached 
Revision 2 to APPENDIX I for services in ascordance 

with the cleuse entitled ‘Payments’ of the attached 
Ganarel Provisions, in the event of PCS billings, 
fractional. parte of a month shall be prorated on the basiz 
of the mmber of calendar days services are performed 

in any calendar month to the number of daya in that 
month, 


b. APPENDIX I, as amended by Revision 1, is hereby maser 
by the attached Revision 2 to Appendix I. 


3. Pursuant to the Provisions of SECTION C ~ PERIOD OF PERFORMANCE 
the a date ide amended to read "31 July 1959" fn lieu of "31 
May 1959. 


4. The amoun: of $21,640.00 appearing in igh slags 3 of SECTION B . 
CONSIDERATION AND PAYMPNT is increased by $3,500.00 or a new total of 
$25,140.00, All other terms and conditions of the sontract, as anended, 
remain unchanged. 


5. Please indicate your receipt of this Amendment No. 3 +o 
Contract No, NY«BA.1492 and your acceptance thereef by executing the 
original and two copies thereof, Return the fully executed original 
- one copy to the undersigned and retain the remaining copy for your 

OS » 


Very truly yours, 


ACKNOWLEDGED AND ACCEPTED 


TItLg Treasurer pare July 7. 1959 


